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Message Text 


UNCLASSIFIED 

PAGE 01 MANAGU 03893 271736Z 
50 

ACTION FBO-01 

INFO OCT-01 ARA-10 ISO-OO /012W 

080038 

P 271430Z SEP 73 
FM AMEMBASSY MANAGUA 
TO SECSTATE WASHDC 2542 

UNCLAS MANAGUA 3893 

E. O. 11652: N/A 
TAGS: ABLD NU 
SUBJECT: OB 

REF: MANAGUA OM DATED SEPTEMBER 19, 1973, DEPT OM DATED 
SEPTEMBER 19, 1973 

SIX BIDS WERE REQUESTED FOR THE INSTALLATION AND SUPPLY OF ALL 
EXTERIOR ELECTRICAL LIGHTING EQUIPMENT. ONLY ONE (1) BID WAS 
RECEIVED, AMOUNTING TO 28,000 DOLLARS. SUBSEQUENTLY, (5) BIDS 
WERE REQUESTED FOR INSTALLATION ONLY. TWO BIDS WERE RECEIVED. 
LOW BID AMOUNTING TO 9,400 DOLLARS. APPROXIMATE COST OF EQUIP- 
MENT 7,000 DOLLARS, MAKING THE TOTAL COST OF THE PROJECT 16,400 
DOLLARS. 

IT IS BELIEVED THAT LACK OF CONTRACTORS INTEREST IS DUE TO THE 
LARGE VOLUME OF RECONSTRUCTION CURRENTLY UNDER WAY. 

AIR CONDITIONING IN THE EMBASSY OB IS BEING OVER TAXED DUE TO 
THE HOT WEATHER AND THE SUN. THE POST DESIRED INSTALLATION OF 
VENETIAN BLINDS. TWO BIDS HAVE BEEN RECEIVED. LOW BID 
AMOUNTING TO 1,1 13 DOLLARS. PROJECT SUPERVISOR RECOMMENDS 
FUNDING AND APPROVAL OF BOTH PROJECTS. 

SHELTON 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 27 SEP 1973 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1973MANAGU03893 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: MANAGUA 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: Iink1973/newtext/t1973097/aaaaaenr.tel 

Line Count: 46 
Locator: TEXT ON-LINE 
Office: ACTION FBO 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: 

Previous Classification: n/a 

Previous Handling Restrictions: n/a 

Reference: MANAGUA OM DATED SEPTEMBER 19, 1973 

Review Action: RELEASED, APPROVED 

Review Authority: kelleywO 

Review Comment: n/a 

Review Content Flags: 

Review Date: 18 OCT 2001 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <18-0ct-2001 by maustmo; APPROVED <06 MAR 2002 by kelleyw0> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 

Secure: OPEN 

Status: NATIVE 

Subject: OB 

TAGS: ABLD, NU 

To: STATE 

Type: TE 
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